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https://archive.org/details/31/61116514175 


I am pleased to provide the Ministry of Government Services’ 
1984/85 Construction Program outlining approximately 200 
accommodation-related construction projects of the Ontario 
Government. 

This publication summarizes major capital construction 
projects completed in the past year. In addition, projects 
approved for construction, as well as those in various stages 
of construction, design, and analysis are included. Replace- 
ment and refurbishment, minor capital and accommodation 
alterations projects now under way, or proposed for imple- 
mentation during this fiscal year, are also outlined. 

Each project has been scheduled by my Ministry in 
co-operation with client ministries and agencies on a priority 
basis, to ensure that both the government and public benefit 
to the maximum extent from construction during this period 
of limited capital availability and overall government 
restraint. 

I trust that you will find The 1984/85 Construction 
Program an re Re fe and useful guide to the construction 
activity co-ordinated by my Ministry throughout Ontario. 


se ND 


Hon. George Ashe, 
Minister 


Major Capital Projects completed in the past year 
Major Capital Projects under construction 

Major Capital Projects for construction 

Major Capital Projects for analysis 


Replacement & Refurbishment Projects under 
construction and candidates for construction 


Replacement & Refurbishment Projects 
candidates for analysis 


Minor Capital Projects 
Major Accommodation Alterations Projects 


Minor Accommodation Alterations Projects 


MAJOR CAPITAL PROJECTS 
COMPLETED IN THE PAST YEAR 
BOE cnt oiniletod jon vuious Coser ene 


The following list indicates completed projects, together 
with estimated original and final project costs. 


MAJOR CAPITAL PROJECTS 
COMPLETED IN THE PAST YEAR 


ESTIMATED ESTIMATED 
LOCATION/ ORIGINAL FINAL eer 
PROJECT PROJECT COST 


MINISTRY OF AGRICULTURE & FOOD 


Vineland 
Horticultural Products Laboratory (Phase2) S 776,000 S 850,000 


MINISTRY OF ATTORNEY GENERAL 


St. Catharines 
Courthouse and Registry Office 15,660,000 15,010,000 


MINISTRY OF CONSUMER & COMMERCIAL RELATIONS 


Cochrane 
Registry Office Addition 1,200,000 1,285,000 


MINISTRY OF CORRECTIONAL SERVICES 


Napanee 
Quinte Detention Centre, Security Wall 700,000 703,000 


MINISTRY OF GOVERNMENT SERVICES 


Kingston 
Macdonald-Cartier Building 17,060,000 22,640,000 


Toronto . 
Funding for Toronto District Heating System 2,200,000 1,900,000 


MINISTRY OF HEALTH 


London 
Psychiatric Hospital 
tores andTrades Building 4,279,000 4,260,000 


MINISTRY OF NATURAL RESOURCES 


Kirkland Lake 
Core Storage Library 450,000 450,000 


North Bay 
Fish HaHeD Sub-Station 2,200,000 1,676,000 


Sault Ste. Marie 
Core Storage Library 450,000 410,000 


St. Williams 
Shipping Barn and Offices 815,000 843,000 


Timmins 
Core Storage Library 450,000 451,000 


MINISTRY OF THE SOLICITOR GENERAL 


Gravenhurst 
Ontario Fire College, Students’ Residence 2,500,000 2,150,000 


Huntsville 
Ontario Provincial Police Detachment Building 570,000 455,000 


MINISTRY OF TOURISM & RECREATION 


Fort Frances 
Travel Information Centre and District Office 690,000 750,000 


Thunder Fa 
Old Fort William, Curatorial Services Building 2,035,000 1,906,000 


MAJOR CAPITAL PROJECTS 
UNDER CONSTRUCTION 


This section lists major capital projects which are currently 
under construction and in various stages of completion. 


MAJOR CAPITAL PROJECTS 
UNDER CONSTRUCTION 


ESTIMATED 


LOCATION/ ORIGINA 
PROJECT PROJECT COST 


MINISTRY OF AGRICULTURE & FOOD 


Guelph 
Central Milk Testing Laboratory Building 


New Liskeard 
College of Agricultural Technology, 
Additional Education Facilities 


Vineland 
Horticultural Products Laboratory (Phase 3) 450,000 


Brighton 
Veterinary Services Laboratory 
Building Addition 


Kemptville _ 
College of Agricultural Technology, 
Display Arena 


S 1,680,000 


3,000,000 


1,980,000 


1,500,000 


MINISTRY OF THE ATTORNEY GENERAL 


Ottawa 


Courthouse and Registry Office 50,000,000 


MINISTRY OF COMMUNITY & SOCIAL SERVICES 


Picton 
Prince Edward Heights, Activity Building 2,275,000 


MINISTRY OF CONSUMER & COMMERCIAL RELATIONS 


Welland 
Registry Office 


MINISTRY OF GOVERNMENT SERVICES 


Downsview 
Ministry of Transportation and 
Communications Complex, 
Additional Power Supply 785,000 


2,000,000 


MINISTRY OF NATURAL RESOURCES 
Cambridge 


District Office 1,435,000 


Dryden 
Hose Recycling Plant (Phase 2) 760,000 


Red Lake 


Fire Operations Centre (Phase 1) 1,950,000 


MINISTRY OF TOURISM & RECREATION 


St. Catharines 
Travel Information Centre 800,000 


MINISTRY OF TRANSPORTATION & COMMUNICATIONS 


Kingston 


Regional Office Addition 4,900,000 


IMATED 


ESTIMA 
FINAL dere 
OST 


S 1,405,000 


2,400,000 


370,000 


1,900,000 


1,410,000 


47,000,000 


1,963,000 


1,650,000 


900,000 


952,000 


745,000 


2,248,000 


710,000 


4,145,000 


MAJOR CAPITAL PROJECTS 


FOR CONSTRUCTION 


This section lists major capital projects which are candidates 
for public tender calls during 1984/85. 


MAJOR CAPITAL PROJECTS 
FOR CONSTRUCTION 


ESTIMATED 
LOCATION/ CBee 
PROJECT OST 


MINISTRY OF ie ATTORNEY GENERAL 


Toron 
Gupuee Hall, Additional Offices for Judges S 1,350,000 


Lindsa 
Court Consolidation 2,000,000 


North Bay 
Courthouse and Registry Office 11,888,000 


MINISTRY OF CITIZENSHIP & CULTURE 


Toronto 
Ontario Science Centre, Assembly and Storage Area 490,000 


MINISTRY OF COMMUNITY & SOCIAL SERVICES 
Orillia 
Huronia Regional Centre, Therapeutic Pool 725,000 
Orillia 
Huronia Regional Centre, Two Transition Homes 500,000 
MINISTRY OF CONSUMER & COMMERCIAL RELATIONS 


Bracebridge 
Registry Office, Addition and Alterations 1,200,000 


MINISTRY OF CORRECTIONAL SERVICES 


Etobicoke 
Metro Toronto West Detention Centre, 
Addition for female detention 6,500,000 


Guelph 
Corer Centre, Fire and Emergency Alarms 660,000 


Burritt’s Rapids 
Rideau Correctional Centre, Additional Accommodation 2,625,000 


Brantford 
Jail—Additional Accommodation 1,160,000 


Sault Ste. Marie 
Jail—Additional Accommodation 2,900,000 


Pembroke 
Jail—Kitchen and Laundry Addition 620,000 


MINISTRY OF THE ENVIRONMENT 


Etobicoke 
Laboratory for Dioxin and Hazardous Substances 3,750,000 


MINISTRY OF GOVERNMENT SERVICES 


Sioux Lookout 
Ontario Government Building 1,080,000 


MINISTRY OF NATURAL RESOURCES 


North Ba 
District Office Extension 600,000 


MINISTRY OF THE SOLICTOR GENERAL 


Sudbury 
Delano Provincial Police District Headquarters 1,655,000 


MAJOR CAPITAL PROJECTS 


FOR ANALYSIS | 


This section lists major capital projects which are proposed 
for the study of alternatives and development of preliminary 
ee Candidates for construction will be selected from 

this list. 


MAJOR CAPITAL PROJECTS 
FOR ANALYSIS | 


LOCATION/ 
PROJECT 
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MINISTRY OF AGRICULTURE & FOOD 


Guelph 
Ontario Veterinary College Dairy Barn 


Centralia 
College of Agricultural Technology, Animal Health 
and Food Management Facilities 


Guelph 
Ontario Veterinary College Calf Barn 


Vineland 
Addition to Administration Building 


MINISTRY OF THE ATTORNEY GENERAL 


Toronto 
361 University Avenue, Additional Courtrooms 


MINISTRY OF CITIZENSHIP & CULTURE 


Toronto 
Ontario Science Centre, Renovations to Building ‘‘C”’ 


MINISTRY OF COMMUNITY & SOCIAL SERVICES 


Cobourg 
Brookside School, Recreation Complex 


Hamilton 
Arrell Observation & Detention Home 


Toronto 
Surrey Place Centre, Additional Accommodation 


MINISTRY OF CONSUMER & COMMERCIAL RELATIONS 


Colborne 
Land Registry Office 


MINISTRY OF CORRECTIONAL SERVICES 


Goderich 
Young Offenders Facility 


Toronto 
Metro Toronto West Detention Centre 
Security Glass Replacement 


Toronto 
Metro Toronto East Detention Centre 
Security Glass Replacement 


Hamilton 
Hamilton-Wentworth Detention Centre 
Security Glass Replacement 


London 
ee ihc aloaeee ae Detention Centre 
ecurity Glass Replacement 


MAJOR CAPITAL PROJECTS 
FOR ANALYSIS 


LOCATION/ 
PROJECT 


MINISTRY OF THE ENVIRONMENT 


Etobicoke 2 
Regional Laboratory Building, Air Management Facilities 


Dorset _ 
Acid Rain Laboratory Study Facilities 


Brampton 
Experimental Sewage Treatment Plant, 
raining and Laboratory Facilities 


MINISTRY OF GOVERNMENT SERVICES 
(GENERAL GOVERNMENT) 


Guelph 
Ontario Government Building 


Toronto 
Legislative Building, Master Plan 


Toronto 
32-34 Grenville Street, Office Conversion 


MINISTRY OF GOVERNMENT SERVICES 


Downsview | 
Computer Centre, Uninterrupted Power Supply 
Equipment and Panel Boards 


Downsview 
Computer Centre, Standby Turbine Generator 


MINISTRY OF HEALTH 


Penetanguishene at 
Oak Ridge Division, Activity Sports Centre 


ey 
Rebuild Psychiatric Hospital 


London _ 
Psychiatric Hospital Recreation Complex 


Thunder Bay 
Air Ambulance Hangar 


MINISTRY OF NATURAL RESOURCES 


Parry Sound ro! 
District Office Addition 
Sault Ste. Marie 

Air Service Facility 

Red Lake 

District Office (Phase 2) 


Thunder Bay 
Airport Hangar 


Bt 


MAJOR CAPITAL PROJECTS 
FOR ANALYSIS 


LOCATION/ 
PROJECT 


MINISTRY OF THE SOLICITOR GENERAL 


Kitchener 
Ontario Provincial Police, Detachment Building 


Sebringville 
Ontario Provincial Police, Detachment Building 


Campbellford 
Ontario Provincial Police, Detachment Building 


Listowel ,. 
Ontario Provincial Police, Detachment Building 


Chatham, AD oe 
Ontario Provincial Police, District Headquarters 


MINISTRY OF TOURISM & RECREATION 


Thunder Ba 
Old Fort William Visitors’ Centre 


Kenora 
Travel Information Centre 


MINISTRY OF TRANSPORTATION & COMMUNICATIONS 


London 
District Garage and Service Building 


Brampton 
Central Region Office Building 


Downsview aes 
East Building, Ventilation System 


Downsview 
West Building, Addition for Freeway Traffic Control 


Toronto 
Northeast Drivers’ Examination Centre 
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REPLACEMENT @& 
REFURBISHMENT PROJECTS 
UNDER CONSTRUCTION AND 


CANDIDATES FOR CONSTRUCTION 


This section identifies projects involving major upgrading 
work in older buildings. Projects under construction are listed 
with estimated final costs. Candidate projects for public 
tender calls during 1984/85 are listed with preliminary 
estimates of costs 
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REPLACEMENT AND REFURBISHMENT 
PROJECTS UNDER CONSTRUCTION 
AND CANDIDATES FOR CONSTRUCTION 


(*under construction) 


LOCATION/ 
PROJECT 


MINISTRY OF COMMUNITY & SOCIAL SERVICES 


Smith Falls* 

Rideau Regional Centre, Ward Ventilation (Stage 3) 
Cedar Springs 

Southwestern Regional Centre, Heating and Ventilation 


London ree 
Children’s Psychiatric Research Institute, 
Heating and Windows 


MINISTRY OF CORRECTIONAL SERVICES 


Burritt’s Rapids 
Rideau Correctional Centre, Replace Heating System 


MINISTRY OF HEALTH 


St. Thomas* 
Psychiatric Hospital es 
Updating of Heating and Ventilation 


ESTIMATED 
ee 
OST 


S 556,000 


3,500,000 


2,700,000 


650,000 


5,740,000 


REPLACEMENT @& 
REFURBISHMENT PROJECTS 
CANDIDATES FOR ANALYSIS 


This section lists projects which are candidates for the study 
of alternatives and development of preliminary costs. Candi- 
dates for construction will be selected from this list. The 
projects involve major upgrading work in older buildings. 


ED 


REPLACEMENT AND REFURBISHMENT PROJECTS 
CANDIDATES FOR ANALYSIS 


LOCATION/ 
PROJECT | 


MINISTRY OF COMMUNITY & SOCIAL SERVICES 


Smiths Falls 
Rideau Regional Centre, Ward Ventilation (Stage 4) 


Smiths Falls 
Rideau Regional Centre, Ward Ventilation (Stage 5) 


Woodstock | 
Oxford Regional Centre 
Administration Building Ventilation Improvements 


MINISTRY OF GOVERNMENT SERVICES 


Toronto 
Frost Buildings North & South, Refurbishment 


MINISTRY OF HEALTH 


Brockville 
Psychiatric Hospital _ 
eating and Ventilation Improvements 

North Bay 
Psychiatric Hospital, Restoration 
Penetanguishene 
Mental Health Centre, Oak Ridge Division, 

Restoration Program 


St. Thomas 
Psychiatric Hospital, Window Replacement 
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MINOR CAPITAL PROJECTS 


This section lists capital projects costing less than $400,000. 
It includes projects under construction, with their final esti- 
mated costs. Candidate projects for public tender calls during 
1984/85 are also listed with preliminary estimates of costs. 


oy 


MINOR CAPITAL PROJECTS 


(*under construction) 


ESTIMATED 
LOCATION/ PROJECT 
PROJECT OST 


MINISTRY OF AGRICULTURE & FOOD 


Alfred 
College 4) Agriculture and Food Technology 
Agricultural Mechanics Building $175,000 


Cambridge* 
Horticultural Field Building 100,000 


Elora* 
Field Crops Building 100,000 


Elora* ; 
Research Station Tile Drainage 56,000 


Kemptville 
College of Agricultural Technology, Sanitary Sewer System 200,000 


Kemptville 
College of Agricultural Technology, Ram Test Station 200,000 


Milton* 
Agricultural Museum, Sewage Holding Tank System 100,000 


New Liskeard* 
College of Agricultural Technology, Greenhouse 150,000 


MINISTRY OF THE ATTORNEY GENERAL 


Pembroke 
Courthouse and Registry Office, Alterations 180,000 


Sault Ste. Marie 
County Courthouse, Alterations 399,000 


Thunder Bay 
District Courthouse, Alterations and Additions 399,000 


MINISTRY OF CITIZENSHIP & CULTURE 


Archives of Ontario 
Convert Fixed to Mobile Shelving 350,000 


Ontario Science Centre 
Cafeteria Roof 65,000 


Thunder Bay 
1825 Arthur Street, Storage Shed 80,000 


MINISTRY OF COMMUNITY & SOCIAL SERVICES 


Cedar Springs 
Southwestern Regional Centre 
Animal Barn and Camp Shelter 60,000 


Cobourg* 
Brookside School, Pave Play Area 35,000 


London* 
Children’s Psychiatric Research Institute 
Flammable Storage Building 33,000 


Palmerston* 
Midwestern Regional Centre, Sun/Rain Shelters 30,000 


Palmerston* 
Midwestern Regional Centre, Magnetic Door Closers 117,000 


MINOR CAPITAL PROJECTS 


ESTIMATED 


LOCATION/ PROJECT 
PROJECT 6st 


MINISTRY OF COMMUNITY & SOCIAL SERVICES (Continued) 
Orillia* 
Huronia Regional Centre, Electrical System Upgrading 15,000 
Simcoe* 
Sprucedale School 
Smoke Detectors and Fire Alarm System 150,000 
Toronto* 
354 George Street 
Observation and Detention Home Fire Exits 115,000 


Toronto 
Surrey Place Centre, Kitchen Cooler Renovations 75,000 


MINISTRY OF CONSUMER & COMMERCIAL RELATIONS 


Almonte 
Regional Office, Addition 350,000 
Glencoe 
Regional Office, Addition 380,000 


MINISTRY OF CORRECTIONAL SERVICES 


Barrie* 
Jail, Extension to Jail and Administration Facilities 360,000 


Lindsay* 
Jail, Five-cell Extension 395,000 


London* 
Elgin-Middlesex Detention Centre, Zoning Dampers 40,000 


Napanee* 
Quinte Detention Centre, Central Control Alterations 260,000 


Napanee* 
Quinte Detention Centre 
Control Dampers and Smoke Detection Equipment 41,900 


Napanee* 
Quinte Detention Centre, Exercise Yard Paving 33,200 


Ottawa* 
Ottawa-Carleton Detention Centre 
Install Control Dampers 30,000 


Scarborough* 
Metro Toronto East Detention Centre 
Install Control Dampers 298,300 


Scarborough 
Metro Toronto East Detention Centre 
Public Waiting Area 203,300 


WAS 
ai 
} Roof at Admitting/Discharge Area and Dividing Wall 75,000 


Milton* 
Maplehurst Correctional Centre and Adult Training Centre 
ew Dormitories in Basement Area 385,000 


Ottawa* 
Ottawa-Carleton Detention Centre 
Annunciator and Fire Alarm System 215,000 
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MINOR CAPITAL PROJECTS 


ESTIMATED 
LOCATION/ PROJECT 
PROJECT OST 


MINISTRY OF CORRECTIONAL SERVICES (Continued) 


Scarborough 
Metro Toronto East Detention Centre 
Storage Expansion 260,000 


Toronto 
Toronto Jail, Renovations 300,000 


MINISTRY OF EDUCATION 


Longford Mills 
Seminar Building 180,000 


Milton 
Ernest C. Drury School, Fire Alarm System (Phase 2) 300,000 


Milton 
Ernest C. Drury School, Wheelchair Elevators 65,000 


MINISTRY OF THE ENVIRONMENT 


Dorset 
Storage Building 350,000 


Hamilton 
Storage Building 150,000 


MINISTRY OF GOVERNMENT SERVICES 


Kenora he. 
Ontario Government Building, Renovations 318,000 


North Bay 
Relocate District Office 250,000 


Downsview chins 
Computer Centre, Air Conditioning Units 150,000 


Sarnia* fr" 
Ontario Government Building 
Renovation of Environmental Systems 395,000 


Thunder Bay 
Ontario Government Buildin 
Garage Shop, Storage Building 300,000 


Toronto 
Ontario Election Office, Freight Elevator 250,000 


MINISTRY OF HEALTH 
Kingston* 
Psychiatric Hospital 
ire Safety Improvements (Phase 1) 280,000 
London 
Psychiatric Hospital, Fire Alarm System Update 273,400 
Thunder pay 
Psychiatric Hospital, Security Screens 19,300 
St. Thomas* 
Psychiatric Hospital, Fire Safety Improvements 296,000 
Whitby* 
Psychiatric Hospital 
ire Safety Improvements, Buildings 25, 26, 27 225,000 


MINOR CAPITAL PROJECTS 


LOCATION/ SS OROTEE 
PROJECT PROS 
MINISTRY OF NATURAL RESOURCES 
Bancroft* 
District Office Addition | 300,000 
Blind River* 
District Office Addition 210,000 
ryden* 
Fire Alarm and Trouble Alarm Systems 50,000 
Port Dover* 
Lake Erie Fisheries, Storage Building 49,000 
Wawa* 
New District Office 387,900 
MINISTRY OF THE SOLICITOR GENERAL 
Killarney 
Construct Two Houses 120,000 
Minaki 
Construct Two Houses 160,000 
Westport 
Purchase and Renovate an Existing Building 240,000 
MINISTRY OF TOURISM & RECREATION 
Bark Lake 
Ontario Camp Leadership Centre, New Shower House 160,000 
Midland* 
Ste. Marie Among the Hurons 
Air Conditioning/ Heating Facilities 34,500 
Midland* 
Ste. Marie Among the Hurons, New Sign 30,000 
Midland 
Ste. Marie Among the Hurons, Pave Entrance Road 48,000 
Midland 
Ste. Marie Among the Hurons, Security Fencing 42,000 
MINISTRY OF TRANSPORTATION & COMMUNICATIONS 
Bancroft 
District Garage, Flammables Storage Room 35,000 
Cochrane 
District Complex, Hydro and Heating Systems 20,000 
Cochrane. 
District Repair Re 
Welding Shop—Exhaust System 12,000 
Downsview o 
Fuel Blending Facility 60,000 
Kenora 
District Garage, Flammables Storage Room 35,000 
North vee , 
District Garage, Expand Sign Shop 75,000 
Thunder Bay 


District Garage, Flammables Storage Room 35,000 


MAJOR ACCOMMODATION 


ALTERATIONS PROJECTS 

This section lists accommodation alterations projects which 
will cost S200,000 or more. It includes projects under con- 
struction with their final estimated project costs, and candi- 
dates for public tender calls during 1984/85, with preliminary 
cost estimates. These projects represent work which is to be 


done to the interior of existing facilities to improve efficiency 
in terms of the occupying Ministry’s program needs. 


aa 


MAJOR ACCOMMODATION ALTERATIONS 
PROJECTS 


(*under construction) 


LOCATION/ 
PROJECT 


MINISTRY OF AGRICULTURE & FOOD 


Kemptville 
College of Agricultural Technolo 
Engineering Building, Renovations 


MINISTRY OF THE ATTORNEY GENERAL 


Toronto* 
Old City Hall, Fines Control Centre 


MINISTRY OF COMMUNITY & SOCIAL SERVICES 


Thunder Bay* 
Northwestern Regional Centre 
Washroom Renovations (Phase 2) 


Toronto 
Alterations to Accommodate Relocation of Area 
and Local Offices to 2195 Yonge Street 


MINISTRY OF CORRECTIONAL SERVICES 


Owen Sound 
Jail, Kitchen Renovations 


MINISTRY OF HEALTH 


Toronto* 

Central Public Health Laboratory 
New Virology Laboratory 

Toronto 

Central Public Health Laboratory iss 
New Microbiology and Administration Facility 


MINISTRY OF NATURAL RESOURCES 


Timmins ; 
Aviation & Fire Management Centre, Hangar Renovation 


ESTIMATED 
rire 
OST 


S 400,000 


270,000 


290,000 


437,000 


225,000 


2,300,000 


1,825,000 


445,000 


oS 


MINOR ACCOMMODATION 
ALTERATIONS PROJECTS 


This section lists accommodation alterations projects which will cost 
less than §200,000. It includes projects under construction and candi- 
dates for construction during 1984/85. These projects represent work 


which is to be done to the interior of existing facilities to improve 
efficiency in terms of the occupying Ministry’s program needs. 
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MINOR ACCOMMODATION ALTERATIONS PROJECTS 


(*under construction) 


LOCATION/ 
PROJECT 


MINISTRY OF AGRICULTURE & FOOD 


Se 

Alterations to Accommodate Relocation of Local 
Office from Plantaganet 

Toronto 

801 Bay Street, Alterations to Accommodate Head 
Office Reorganization 


pa i 
Ignatius College, Renovations 


MINISTRY OF THE ATTORNEY GENERAL 


Brampton 
Provincial Court, New Courtroom Office Partitions 
Hamilton 


Alterations to Provide Additional Space for Crown Attorney 
Master and County Court 


MINISTRY OF CITIZENSHIP & CULTURE 


Toronto* 
Ontario Science Centre 
Hall of Technology, Improvements 


Toronto 
77 Bloor Street, 6th floor 
Minister and Deputy Minister Suites, Alterations 


Thunder Bay 
1825 Arthur Street, Office Alterations 


MINISTRY OF COLLEGES & UNIVERSITIES 


North Bay 
Skills Development Office, Alterations 


MINISTRY OF COMMUNITY & SOCIAL SERVICES 


Edgar* 
Adult Occupational Centre 
Install Smoke Detectors and provide Miscellaneous Alterations 


Smiths Falls* 
Rideau Regional Centre, Washroom Renovation (Stage 2) 


Palmerston* 
Midwestern Regional Centre, Washroom Renovations 


Toronto ie 

Humber Bay Child & Family Clinic 
3131 Lakeshore Boulevard West, Cottage 5 
Alterations to Accommodate Residents and Out Patients 


London 
Children’s Psychiatric Research Institute 
Update Washrooms and Ceiling 
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MINOR ACCOMMODATION ALTERATIONS PROJECTS 


LOCATION/ 
PROJECT 
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MINISTRY OF CONSUMER & COMMERCIAL RELATIONS 


Toronto 
555 Yonge Street, Office Alterations on 2nd & 3rd floors 


Toronto 
New City Hall, Alterations to Land Registry Office 


MINISTRY OF CORRECTIONAL SERVICES 


Scarborough 
2001 Eglinton Avenue East, Office Alterations (Phase 1) 


MINISTRY OF EDUCATION 


Toronto 
Mowat Block oy Pee 
Alterations for Ministry Head Office Reorganization 


Milton 
Senior and Junior Schools, Renovations 


Belleville 
Whitney School 
Alterations to Convert Basement to Classrooms 


MINISTRY OF ENERGY 


Toronto* 
Communications Branch, Alterations to Accommodate 
Relocation to 56 Wellesley Street West 


MINISTRY OF THE ENVIRONMENT 


Toronto 
Central Region, Alterations to Accommodate Relocation 
to Overlea Boulevard 


MINISTRY OF GOVERNMENT SERVICES 
(GENERAL GOVERNMENT) 


Toronto 
Whitney Block, Realignment of Secretariat for 
Social Development Office Space 


MINISTRY OF GOVERNMENT SERVICES 


Toronto 
Ferguson Block, Floors 10 & 11 
edesign of Design Services Branch Office Space 


Toronto 
George Drew ee 
Employee Benefits & Data Services Branch, Alterations 


Toronto 
Ferguson Block, Accommodation Alterations 


MINOR ACCOMMODATION ALTERATIONS PROJECTS 


LOCATION/ 
PROJECT 


MINISTRY OF HEALTH 


Toronto* 
7 & 15 Overlea Boulevard _ habe 
Alterations for Head Office Reorganization 


Kingston 
181 Barrie Street, 1st and 2nd floors — 
Public Health Laboratory Alterations 


Toronto 
Alterations for Relocation to 81 Resources Road, 1st Floor 
Laboratory Inspection Service 


Toronto 
2195 Yonge Street, Ontario Health Insurance Plan 
District Office Alterations 


MINISTRY OF INDUSTRY & TRADE 


Toronto 
Ontario Development Corporation, Alterations for Relocation 
to 56 Wellesley Street West, 5th & 6th floors 


Toronto fA 
Hearst Block, 8th floor, Minister’s Lobby Alterations 


Toronto 
Hearst Block 
Alterations for Head Office Reorganization 


MINISTRY OF INTERGOVERNMENTAL AFFAIRS 


Toronto 

Frost Building South, 1st and 2nd Floors 
Alterations for Civil Service Commission Personnel 
Data Systems Section 


MINISTRY OF LABOUR 


Kitchener __ 
District Office, Alterations 


Sudbury 
District Office, Alterations 
MINISTRY OF NATURAL RESOURCES 


a Had 
Fish and Wildlife Laboratory, Renovations 


London 
Regional Office and Petroleum Resources Office, Alterations 


MINISTRY OF REVENUE 


Thornhill 
North York Assessment Office, Alterations 
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MINOR ACCOMMODATION ALTERATIONS PROJECTS 


LOCATION/ 
PROJECT | 


MINISTRY OF THE SOLICITOR GENERAL 


Brampton 
Assessment Court, Renovations 


MINISTRY OF TOURISM & RECREATION 


Toronto 
Hearst Block, 10th floor, Remodel Theatre 


MINISTRY OF TRANSPORTATION & COMMUNICATIONS 


Downsview 
1201 Wilson Avenue 
Alterations for Head Office Reorganization 


MINISTRY OF TREASURY & ECONOMICS 


General Services Section 
Frost Building North, Basement Alterations 
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